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BILL NO. S-88-01- © Y 
SPECIAL ORDINANCE NO. S SEAL 
AN ORDINANCE approving Change Order 
#1 for Contract for Res. 437-86, 
Liberty Drive Drainage Improvements 
(FINAL), with Bercot, Inc. in 
connection with the Board of Public 
Works and Safety of the City of Fort 
Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 for Contract 
for Res. 437-86, Liberty Drive Drainage Improvements (FINAL), 
with Bercot, Inc. in connection with the Board of Public 
Works and Safety, for: 

this Change Order is necessary 
because of the following: field 
measurements reflect a change from the unit 
bid quantities; 
involving a net decrease of Five Thousand, Nine Hundred 
Twenty-Five and no/100 Dollars ($5,925.00), all as more 
particularly set forth in the specifications, and which 
is on file with the Office of the Board of Public Works 
and Safety and is by reference incorporated herein, made 
a part hereof, and is hereby in all things ratified, confirmed 
and approved. 
SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and 


all necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


Se Ves MA 


J. Timothy aulay, Ci%y Attorney 














Read the first time in full and on motion by 


seconded by , and duly Nr ed,, read the second time by 
title and referred to the Committee on Lt» (and the 
City Plan Commission for recommendation) ang Public Hearing t6 be held after 


due legal notice, at the Council Conferenc i ounty Building, 


Fort Wayne, Indiana, on , the , day 
of ARES + ad 7 S JsM.,E.S.T. 


DATED: 
SANDRA E. KENNEDY, CITY CLERK 


Read the thi time in E A and on motion by IA , 


seconded by , and duly adopted, placed on ES 
passage. PASSED LOST agers the following vote: 
AYES NAYS ABSTAINED ABSENT 
TOTAL VOTES fd 
BRADBURY vibe 
BURNS wis 
; eT 

GiaQUINTA 
HENRY ore 

Sae 
LONG 

co 
REDD 
SCHMIDT ee 

~~ 
STIER 

aes 
TALARICO 


DATED: L-2E FF aoe fou, 
7 SANDRA E. KENNEDY, CITY CLE 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (AN 













(SPECIAL) (ZONING-MAP) RESOLUTION NO. 
on the ACA day of 9 EP ; 
Of < LY ATTEST _SEAL sme Pome a, A 
E d Pv her (Clore l - Á Nne 





SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor of City of Fort Wayne, Indiana, on 
the EUA day of E 19 HP 


at the hour of te Oo o'clock MS ls 


SANDRA Es en CETY ERE 
Approved and signed by me this A: S of 
19 SE r at the hour of PEA o'clo E ai a; SEZ 


VAL 


PAUL HELMKE, MAYOR 
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3. 


Change Order No. 1 (FINAL) 
Resolution No. 437-86 
Board Order No. 23-87 


REQUEST AND JUSTIFICATION FOR CHANGE 
A REO OANGE 


Necessity for change: Field measurements reflect a change from the unit bid 


quantities as shown on this change order. 


E 


A A A E T a 
Will proposed change alter size of the project? Yes S Nox SAE ge PA 


If yes, explain 


éál_AA..j.--- __—___— —________ _________—___ no + + + + + no 


Affect on operation and maintenance cost of this project: 














E : : E AAG 


(2/23/57) 

: CHANGE ORDER 7 
Change Order No. 1 (FINAL) Resolution No._ 437-1986 
Project No. . Board Order No. 23-87 
Name of Project: LIBERTY DRIVE DRAINAGE IMPROVEMENTS Date: 15/87 

Se L D D D IP RO VERSA ia AR e O DA E 

To: . BERCOT, INC. 

; (Contractor) 
Gentlemen: 


You are hereby requested to comply with the followin 
specifications: 


g changes from the contract plans and ~ 










> 


Tren L Description of Change o Cheated tn Cont Price 
No. C Quantity A Description” 0 co TT ul bese case = 


Increase 








Net (Decrease) Ghnonease’x ‘Contract Price sassa — | ete et 


The sum of $__5,925.00 is hereby (XAAMAXKA) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: . it SER 





Original Contract Price 67.678.00 
Current Contract Price Adjusted by Previous Change Order ER 
New Contract Price including this Change Order $ 


S e Hedi EEES Rre PO e 


The time provided-for.completion-in the contract for this project is (unchanged fánoneasedo 


(derereasedyY by © =0= calendar days due to this Change Order. The date for completion 
of all work shall be 


; - Furthermore, this document. shall became. an. 
amendment to the contract ana all provisions of the contract shall apply hereto. 


Date F Ta $ 


Recommended by: ¢ 







Accepted by: 


Approved by: 


Attested by: 


pete is A 3 --Ẹ ] 


ATTACHMENT TO CHANGE ORDER 
See 


-em LQ e a N hange in Contract P 
as STATE Increa 
Special Backfill 1250 75.00 


S A 
bI 
ON a A 
a © 
= < E 
a a A 












2 ( #53-#73 special Backfill i 11.00 
4 ( 49) T Bituminous Base #5 ; E E 
6 Mulched Seeding ; L S 
8 Ta RGB. Glass LV S 
3 
> 
12 Manhole Type I-A 
14 Manhole Type I-G 
eee A E A A A 
AE IA RE ee es 
RAPE A 
Total Decrease 
Total Increase IRA 133000 
Net (Decrease) LEE | Contract Price 


r 


Admn. Anor. 


TITLE OF ORDINANCE Change Order #1 (Final) Res. 437-86, Liberty Drive 
ra E a a ae DÉAINIGE. IMProOvements ————_—_ = 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE- Change Order #1 (Final) Res. 437-86, Liberty Drive 
Paro Improvements is necessary because field measurements 
reflect a change from the unit bid quantities, 

Bercot, Inc., is the contractor. TARA 
O A A AE RE O AN ae A ee 
A A A E ee IÓN 


A A ee ee lt ie IIS, AA 
EFFECT OF PASSAGE - To facilitate completion of project. 
A A A  __——_ A ee ee 
EFFECT OF -NON-PASSAGE c 
G E E 
E ee ae E 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $5,925.00 
A A A A H a ak 
ASSTGNED TO COMMITTEE 
e T E | 


BILL NO. S-88-01-04 


REPORT OF THE COMMITTEE ON CERY ULILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 

REFERRED AN (ORDINANCE) (RESQRUPIQN) approving Change 
Order #1 for Contract for Res. 437-86, Liberty Drive 
Drainage Improvements (FINAL) with Bercot, Inc., in 
connection with the Board of Public Works and Safety of 
the City of Fort Wayne, Indiana 

















HAVE HAD SAID (ORDINANCE) (BBSCLUBEEN) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE): "CRAG RR AM A A 
NO 


PAUL M. BURNS 
CHAIRMAN 
eae EK CHARLES B. REDD 
VICE CHAIRMAN 
MARK E. GiaQUINTA 








L SAMUEL J. TALARICO 


JAMES S. STIER 


PMA E E 





CONCURRED IN 









Sandra E. Kennedy 
City Clerk 


